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ACTION SY-07 

INFO OCT-01 AF-05 ISO-OO OC-06 CCO-OO FBO-01 /020W 

087583 

R 181215Z MAY 74 
FM AMEMBASSY NOUAKCHOTT 
TO SECSTATE WASHDC 2190 
INFO AMEMBASSY ABIDJAN 
AMEMBASSY ACCRA 
AMEMBASSY DAKAR 



LIMITED OFFICIAL USE NOUAKCHOTT 579 

DEPT FOR OIC NSU, A/SY, A/OC 
ABIDJAN FOR RSO 
ACCRA FOR RCO 
DAKAR FOR GSO 

EO 11652: NA 
TAGS: ASEC 

SUBJECT: OC CONSTRUCTION PROJECT WEEKLY STATUS REPORT 
REF: NSU INST 3120.1 

1. WEEK OF 10 MAY - 17 MAY. 

A. 3044 BASE EXCAVATED, FORMED AND POURED (2 CU YDS. 
CONCRETE) 

B. ROOM #6 PREPARATION STARTED FOR THE PLACING OF REBAR. 

C. DOOR WAYS ROOM #6 BLOCKED AND PLASTERED. 

D. PLACING OF ELECTRICAL COMPONENTS IS 20 PERCENT COMPLETED. 

2. COMPLETION DATE IS ESTIMATED 1 JULY 74. 

3. OVERALL COMPLETION 10 PERCENT. 

4. VAULT DOOR AND GENERATOR SCHEDULED TO ARRIVE DAKAR 
19 MAY WITH ETA NOUAKCHOTT 7 TO 8 DAYS LATER. 

MURPHY 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 18 MAY 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: GarlanWA 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974NOUAKC00579 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7401 24-0754 
From: NOUAKCHOTT 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t19740536/aaaabfmt.tel 

Line Count: 60 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SY 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 

Previous Classification: LIMITED OFFICIAL USE 

Previous Handling Restrictions: n/a 

Reference: NSU INST 3120.1 

Review Action: RELEASED, APPROVED 

Review Authority: GarlanWA 

Review Comment: n/a 

Review Content Flags: 

Review Date: 28 AUG 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <28 AUG 2002 by boyleja>; APPROVED <25 FEB 2003 by GarlanWA> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: OC CONSTRUCTION PROJECT WEEKLY STATUS REPORT 
TAGS: ASEC 
To: STATE 
Type: TE 
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